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51.  Meetings: 

i.  Participated  in  weekly  conference  calls. 

2.  The  following  Shipyard  Question  Submittals  were  reviewed  and  commented  on: 

No  questions  this  reporting  period. 

3.  Logistics: 

i.  Continuing  to  review  Vendor  Recommended  Spares  (VRS). 

ii.  Continuing  to  review  Technical  Manuals  and  Supplemental  Information, 
ill.  Continuing  to  work  on  initial  outfitting  lists  for  Sally  Ride. 

iv.  Set  up  spread  sheets  for  imports  to  NS5  Enterprise  Maintenance  and  Purchase  software. 


4.  Other  Work  Items: 

•  Sally  Ride  Progress  -  Still  behind. 

•  Checked  the  final  fit  of  Starboard  Anchor  after  yard  flipped  chain  90  degrees  on  the  wildcat. 
Informed  onsite  government  folks  that  I  thought  it  looked  okay. 

•  Checking  Navy  pre-launch  items. 

•  Cameras  installed  by  Tim  Gates.  Working  on  hydrophones. 

•  Allied  Crane  VRS  -  Reduced  cost  from  560k  to  approximately  20k. 

Call  Outs  - 

•  Closed  out  number  3  ballast  tanks. 

•  Closed  out  FP,  1C,  2p  &  2S. 

•  Hydro  tested  Bilge  &  Ballast. 

•  Hydro  tested  ballast  piping  to  anti-roll  tank. 

•  Hydro  tested  shaft  seals 

•  Checked  cpp  freedom  of  motion. 

No  problems  to  report. 
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AGOR27 

A055 

TM  Report  -  COMMERCIAL  TECHNICAL  MANUALS  AND 
SUPPLEMENTAL  DATA  (  #457  DI-055  (TM)  for  573b  Allied 
Systems  TK70-70  Main  Crane)(R/ASR) 

915/0 

AGOR28 

A031- 

04 

STD  Report  -  TEST  REPORT  (  602-002-2  Anchor  Chain 

Marking  Verification  Report)(R/ASR) 

7/0 

AGOR27 

A024 

STD  Report  -  REGULATORY  BODY  CORRESPONDENCE  (  USCG 
Marioff  Water  Mist  Fire  Supresseion  Piping  System )(R/ AS R) 

135/0 

AGOR27 

A031- 

03 

STD  Report  -  TEST  PROCEDURES  (  581-002-4  Anchor 

Windlass  Retrieval  and  Stowage  Operational  Test  Rev  - 
)(R/ASR) 

139/0 

AGOR27 

A051 

STD  Report  -  VENDOR  RECOMMENDED  SPARES  (VRS) 
LISTINGS,  STATISTICS,  AND  LOCATIONS  (  PL  72001-14  NR 
Siemens  Emergency  SWBD  Supplemental  Data)(R/ASR) 

1184/0 

AGOR27 

A055 

TM  Report  -  COMMERCIAL  TECHNICAL  MANUALS  AND 
SUPPLEMENTAL  DATA  (  #441  DI-055  (TM)  for  573d  Allied 
Systems  CTD  Handling  Unit)(DARC  REV) 

884/0 
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AGOR27 

A051 

STD  Report  -  VENDOR  RECOMMENDED  SPARES  (VRS) 
LISTINGS,  STATISTICS,  AND  LOCATIONS  (  PL  72183-01  NR 
Schoellhorn-Albrecht  Accommodation  Ladder)(DARC  REV) 

953/0 

AGOR27 

A051 

STD  Report  -  VENDOR  RECOMMENDED  SPARES  (VRS) 
LISTINGS,  STATISTICS,  AND  LOCATIONS  (PL  72001-13 
Always-On  GES-302N  ABS  Approved  UPS  System )(R/ AS R) 

1178/0 

AGOR27 

A051 

STD  Report  -  VENDOR  RECOMMENDED  SPARES  (VRS) 
LISTINGS,  STATISTICS,  AND  LOCATIONS  (DI-051  (VRS)  for 

PL  72079-01  Coral  Sea  Horizontal  5200  Basic  Desalination 
System  )(R/ASR) 

1182/0 

AGOR28 

A031- 

04 

STD  Report  -  TEST  REPORT  (  633-001-3  cathodic  protection 
test  procedures)(R/ASR) 

9/0 

3 


